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BILL NO. S-77-06- 


SPECIAL ORDINANCE NO. 


s- /J5- 77 


AN ORDINANCE approving Change Order Nos. 
E-4 & E-5 in connection with the Senior 
Citizen Center. 


BE IT ORDAINED BY THE COMMON COUNCIL OF THE CITY OF FORT 
WAYNE, INDIANA: 

SECTION 1. That Change Order No. E-4 to Hambrock 
Electric, Inc. in connection with the Senior Citizen Center 
(Food Service Equipment Final Connections) in the amount of 
$745.00, as set out in the specifications, is hereby in all things 
ratified, confirmed and approved. 

SECTION 2. That Change Order No. E-5 to Hambrock 
Electric, Inc. in connection with the Senior Citizen Center 
(Addition on (6) telephone outlets in social service offices) in 
the amount of $985.00, as set out in the specifications, is hereby 
in all things ratified, confirmed and approved. 

SECTION 3. This Ordinance shall be in full force and 
effect from and after its passage and approval by the Mayor. 














Read the first time in full and on motion by >_ , _, seconded by , 

_ and duly adopted, read the second time by title and referred to the 


City-Count-y-^uildingT^ortWayne, Indiana, on 
of 


to be held after due legal notice, at the Council Chambers, 

_day 


, the 


T-- 



seconded by 


PASSED (L£fi§i) by the following vote: 

AYES NAYS 

jg_ o 


TOTAL VOTES 

BURNS 

HINGA 

HUNTER 

MOSES 
NUCKOLS 
SCHMIDT, D. 

SCHMIDT, V. 

STIER 

TALARICO 

DATE: 


and duly adopted, placed on its passage. 


ABSENT TO-WIT: 

\ 


7 

£ 


X 7 - 77 


CITY CLERK 

Passed and adopted by the Common Council of the City of Fort Wayne, Indiana, as 

(ZONING-MAR) — (GENERAL — (ANNEXATION) (SPECIAL) ( APPROPRIAT ION) ORDINANCE 

(RRS-QUUTIQN),, No "/ o n the _ _day of 19 zi 

ATTEST: (SEAL) jf _ // ^ 


CITY‘CLERK < • 

• ■ ' Ka- 

Presented^by 'me tdth 
day of 1 _ 


PRESIDING OFFICER 

|i\iayor of the City of Fort Wayne, Indiana, on the / t ~3 

19 the hour of - <g: ^i 3 T clock M . ,E .S .T . 


Approved and signed by me this j ^d-.Q d ay of 
t the hour of ^A O') o 'clock_ 








































































































Bill No, 


S-77-06-28 


We, 


REPORT OF THE COMMITTEE ON FINANCE __ 

your Committee on _ Finance to w h om was referred an Ordinance 

approving Change Order Nos. E-4 & E-5 in connection with tho Senior Citizen Center 



JAMES S. STIER - VICE CHAIRMAN J 


VIVIAN G. SCHMIDT 

PAUL M. BURNS 
FREDRICK HUNTER 





i Cii'Y CL£R& 






























CHANGE ORDER 


Change Order No. ■ E-4 _ 

Project No. 7515 

Name of Project Senior Citizen Center 


To: __ Hambrock Electric, Inc. _ 

(Contractor) 

Gentlemen: 

You are hereby requested to comply with the following changes from the contract plans 'and 
specifications: 


/¥■-/ . 


7 /0 /7l 


Resolution No. _ 
Board Order No.__ 
Date 


Item 
No. 

Quantity 

Description of Change 

Unit Price 

Change In Contract Price 

Material 

Decrease 

Increase 

1 


Food Service Equipment Final Connectio 

ns 


$745.00 
























Total Decrease 

Total Increase 

Net (Keco»;ecss;&«) • (Increase) Contract Price 




$745.00 


$745.00 


The sum pf $ 745.00 __ is hereby (added to) (d8^548^8^xfx»») the total contract 

price, and the final.contract price shall be adjusted as follows: 


Original Contract Price $ 62,186.00 

Current Contract Price Adjusted by Previous Change Order $ 64,558.00 
New Contract Price Including this Change Order $ 65,303.00 ____ 

The time provided for completion in the contract for this project Is (xiactcexicged) (increased) 

(cb©oe©«©@d<) by JI4_ calendar days due to this Change Order. The date for Completion 

of all work shall be December. 1976 _* Furthermore, this document shall become an 

amendment to the contract and all provisions of the contract shall apply hereto. 


Recommended by: XXzT'l-'- (T r ’^ c 3 

Engineer) Date A/bt/, /, 

Accepted by: 

(Contractor) Date /Pbo 2. 

Approved by: 

(Qaafcy Engineer) Date /V" §3 ^ 7^ Q> 

ADDroved bv: " 

(Owner) 'Date 



Attested by: ^JAAAJ-Xl) ^/jTAAias. 

Date I'hel 47, 















































Change Order No. F-4 
Resolution No. , ■ 
■Board Order No. 


REQUEST AND JUSTIFICATION FOR CHANGE 


1. Necessity for changer With the addition of the Food Service Equipment contract, in 
the Multi-Purpose Serving Room, final electrical connections need'; to be done to 

certain pieces of equipment. We requested the electrical contractor at the job site 

for this quotation. The inclusion of this quotation and the mechanical quotation with 

the Food Service Equipment Bid Price is still well under the established budget of the 


Architect: 


2. Will proposed change alter size of the project? Yes_No _x_ 

If yes, explain: __________ 


3. Affect on operation and maintenance cost of this project: 



'W PERMIT 



Akv - 4 / 7/ 4 

Engineer 

































proposal 



•% 

Page‘No_I_« 

of____—Pages 


6809 BLUFFTON ROAD • FORT WAYNE, INDIANA 46809 
PHONE 747-7440 


PROPOSAL SUBMITTED TO: 


10-13-76. 


" r 1 n s q: a 13. ■e r f c A r d I g Assoc 


7enior Ci.t 1 oe.ri..GanLax- 


90 3 *•/ Berry St 


Wayne, In 


hS20h 


It ’Jayne 


We hereby submit specifications and estimates for: 

lie: 3eeriest for Quotation 
'Ino.'! Connections 
Aulti Purpose Serving 3oo:u 
°s‘aior Citizen Center, 7t Wayne, In 

Labor and Material for Pinal Connections for Quilt Purpose 
Serving Roqzl, Senior Citizen Center, as per your letter and 
d r acri ng, dat ed 10-6-76. 


Add to Contract- y f li 5-00 



The above prices, specifications and conditions are satisfactory and are hereby accepted. You are authorized to do the 
work as specified. Payment will be made as outlined above. 


V D «.- .. -.— : -/ 
































November 10* 1975 


GHnsfelder-McArdle Associates, Inc. 

903 W. Barry Street 
Fort Wayne, Indiana 

Gentlemen: 

Attached are two copies each of the following Change Orders: These 
are for your distribution. (SENIOR CITIZEN CENTER) 

Change Order No. 4-E Hambrock Elec., Inc. $745.00 

Change Order No. 6-H Pearson, Inc. $1768.00 

Yours truly. 


H. P. WEHRENBERG 

E. H. LAMAR 

M . G SCOTT __ 

BOARD OF PUBLIC WORKS 

/ajf 

attachments 


cc: Art Ehlnghar 



October 6, 1976 


Hambrock Electric, Inc. 

6809 Bluffton Road 

Fort Wayne, Indiana 46809 RE: Request for Quotation 

Final Connections 

Multi-Purpose Serving Room 

Senior Citizen Center, Fort Wayne, Indiana 

Gentlemen: 

Enclosed under separate cover are two sketches showing the proposed installation of 

food service equipment in the Multi-Purpose Serving Room for the above project. 

This is a request for a quotation to furnish and install the final electrical con¬ 
nections to the following food service equipment: 

1. Booster Hot Water Heater - furnish and install 3 #6 wires from the existing 50 
amp 3 pole circuit breaker in Pan K inside the existing 1" conduit through a 
60 amp three pole non-fused disconnect switch to the line side terminal strip 
connections on the hot water heater. Final exposed connections from the 
junction box to the hot water heater shall be in "UA’i sealtite enclosure. 

2. Dishwasher - furnish and install 3 #12 from one of the existing 20 amp 3 pole 
circuit breakers in Pan K and 3 #12 from another one of the 20 amp 3 pole circuit 
breakers in Pan K in the two existing 3/4" conduits through Swo 30 amp 3 pole 
non-fused disconnect siwtches to the line side terminal strip connections on the 
disbfoaaber. Final exposed connections from the switches to the dishwasher 

shall be in "UA“ sealtita enclosures. 

3. Oven (2) - Furnish and install 3 #4 <§rom one of the 60 amp 2 pole circuit breakers 
in Pan K for each of the two (2) ovens in the two existing IV conduits to 

two new receptacles. Furnish and install receptacles in each of the two outlet 
boxes to match the plug configuration furnished by the oven supplier. 

4. Pre-Rinse Disposal - furnish and install 3 #12 from one of the existing 20 amp 
3 pole circuit breakers in Pan K in the existing 3/4”_conduit to the lineside 
of the terminal strip connections on the disposal. Final exposed connections 
from the junction box to the disposal shall be in ''UA“ sealtite enclosure. Also, 
wire complete to solenoid valve and under counter switch furnished by the dis¬ 
posal supplier. 

5. Prep-Sink Disposal - furnish and install 3 #12 from one of the existing 20 amp 
1 pole circuit breakers in Pan K in the existing 3/4" conduit to the lineside 
of the terminal strip connections on the disposal. Final exposed connections 
from the junction box to the disposal shall be in "UA" sealtite enclosure. 

Also, wire complete to solenoid valve and under counter switch furnished by 
the disposal supplier. 


6. Range Hood Exhaust Fans (2) - Furnish and install S##12 from one of the 
existing 20 amp 1 pole circuit breakers in Pan K in the existing 3/4" 
conduit to the line side of the terminal strip connections on each of the 
two exhaust fans. 

All work shall comply with the original specifications including the National 
Electric Code. Note tha&nPan K including all indicated circuit breakers, 
all conduit and outlet and junction boxes are included under a previous 
request or in the original contract. 

Sincerely yours, 

GRINSFELDER-McARDLE ASSOCIATES, INC. 


Richard W. Wismer 
RWW/dy 


CHANGE ORDER 


*• r *• " • • 

jr Change Order No. E5 _ 

* Project No. ■ 7515 __ 

Name of Project Spninr ritizens Center. 


To: Hambrock Flectric, Inc . 


(Contractor) 


W -***-30 ^/ 7 

Resolution No. ___ 

Board Order No._ 

Date ___ 


Gentlemen: 


You are hereby requested to comply with the following changes from the contract plans and 
specifications: 


Item 

No. 

Quantity 

' Description of Change 

Unit Price 

Change in Contract Price 

Material 

Decrease 

Increase 

1 


Addition of (6) telephone outlets 

in social service offices 



$985.00 
















i 

f 






i 

i 



Total Decrease 



Total Increase 


$985.00 

i 

Net (Increase) Contract Price ! 

$985.00 


The sum of $985.00 _ is hereby (added to) the total contract 

price, and the final contract price shall be adjusted as follows: 

Original Contract Price $ 62,186.00- 

Current Contract Price Adjusted by Previous Change Order $ no . 

New Contract Price Including this Change Order S, 66.,£S&JLQ--— 
























































E.5 


Change Order No. 

Resolution Mo. 

Board Order No. 

REQUEST AND JUSTIFICATION FOR CHANGE 

1- Necessity for changer The Director of the Senior Citizens Center. Steve Bangert, of the 
Park Department, requested the inclusion of (6) telephone outlets around the perimeter of 

the social service offices. During the design phase of the building, it was never decided 

just how this space would be used, so therefore no telephone outlets or conduit for the 

telephone outlets were included. ' ' 


2. Will proposed change alter size of the project? Yes_ No_ 

If yes, explain: _,_._____ 


3. Affect on operation and maintenance cost of this project: 



Engineer 































ftajmjaal 


6809 BLUFFTON ROAD • FORT WAYNE, INDIANA 46809 
PHONE 747-7440 


PROPOSAL SUBMITTED TO: 


4-5-?7- 


Grlnsfelder McA-rdle Assoc 


Senior Citizen. Cerit.er— 


903 W Berry St 


Ft Wayne, In 


46804 


Ft Wayne 


Attn: R Wismer 


DATE OF PLANS: 


We hereby submit specifications and estimates for: 

Quotation to furnish and Install, as per our conversations, a 2” 
conduit from, the telephone panel in the basement mechanical room 
to within the ceiling of the social service office area, and from 
that point dispersed to six locations around perimeter of same room 
using wiremold and outlet boxes below the ceiling. Paint exposed 
wiremold and outlet boxes to match walls. Furnish pull wire in all 
conduit. 


For Total Sum of: 


985.00 


See Above 

naleriais — compete in acc 

.dollar* {$ 

ordance with the above sped* 

(cations, for the sum of: 

Net 30 Days 








alteration or deviation from above specifications involving extra costs, will be executed only upon w 
over and above the estimate. All agreements contingent upon strikes, accidents or delays beyond 
other necessary insurance. Our workers are fully covered by Workmen's Compensation Insurance. 

"ambrock^EleptriInc y 

x&d Sigi 


fire, tornado and 


n by us if m 


:c*pt#d within 


Amj3tan.ce of iprnjmsai 

The aboye prices, specifications and conditions are satisfactory and are hereby accepted. You are authorized to do the 
work as specified. Payment will be made as outlined above. 

Signature___.—,— -- 

Data_Signature_ ,—l - 



























June 8, 1977 


Grltssfelder-McArdle Assoc., Inc. 

903 W. Berry St. 

Fort Wayne, Indiana 46804 

Gent!emen: 

Attached are two copies of Change Order No. E-5 for 
Hambrock Electric, Inc. for the Senior Citizen Center on 
West Main Street. These are for your distribution. 
Original has been retained. 

Yours truly, 

H. P. WEHREN8ERG 
E. H. LAMAR 
M. G scon 

BOARD OF PUBLIC WORKS 

ajf 

attachments (2) 



SPECIAL ORDINANCE - CHANGE ORDER NO. E-4 AND CHANGE ORDER E-5, HAMBROCK 
ELECTRIC, INC., CONTRACTOR ON SENIOR CITIZEN CENTER. 


TITLE OF ORDINANCE __________ 

DEPARTED" REQUESTING ORDINANCE 


BOARD OF PUBLIC WORKS 


SYNOPSIS OP ORDINANCE change order no. e-4, hambrock electric, inc. for labor and 

MATERIAL FOR FINAL CONNECTIONS FOR MULTI PURPOSE SERVING, SENIOR CITIZEN CENTE R. 

TOTAL REVISED CONTRACT AMOUNT INCLUDING THIS CHANGE IS $65,303.00 


CHANGE ORDER NO. E-5, HAMBROCK ELECTRIC, INC. FOR FURNISHING AND INSTALLING A 2" 
CONDUIT FROM TELEPHONE PANEL IN BASEMENT MECHANICAL ROOM TO WITHIN THE CEILING OF 


THE SOCIAL SERVICE OFFICE AREA AND TO SIX LOCATIONS AROUND PERIMETER OF SAME ROOM 


AND PAINT TO MATCH WALLS. 


TOTAL REVISED CONTRACT AMOUNT INCLUDING THIS CHANGE IS $66,288.00 
(SEE ATTACHED EXPLANATIONS AND PROPOSALS) 


EFFECT OF PASSAGE 1 * FINAL electrical connections needed for serving room. 
2. telephone service in social service office. 


EFFECT OF PASSAGE project considered incomplete 


MONEY INVOLVED (Direct costs. Expenditures, Savings) FimDED by 19 76 revenue 

SHARING ENCUMBERED. 


ASSIGNED TO COMMITTEE 








































